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APPLICATIOIS" 


OF  THE 


CREDIT  VALLEY  RAILWAY 


FOR 


RIGHT  OF  WAY  AND  CROSSINGS 


AT  THE 


'^    CITY  OF  TORONTO. 


i.-y*. 


I.  REPORT  OF  FRAJ^K  SHANLY,  Esq.,  C.E., 

Pn^'nred  by  order  of  the  Eaihmy  Committee  of  the  Priry  Coumil,  cmd  the  decision  of  the 
Committee  thereon. 

II.  REPORTS  OF  THE  FOLLOWING  RAILWAY  MANAGERS  AND  ENGINEERS,  viz.  : 

1.  Walter  Shanly,  Esq.,  C.E., 

•  Late  Chief  Enyineer  and  General  Maiuvjer,  ir-rand  Trunk  BailtLaij  of  Canada. 

2.  C.  J.  Brydoes,  Esq., 

Late  Ge)ieral  Manager,  Grand  Trunk  Railway  of  Canada. 

■^^  3.  W.  K.  MuiK,  Esq., 

Late  General  Manager,  Great  Western  Railway  of  Canada  anl  Canada  So^ithern 
Railway. 

4.  Sandford  Fleming,  Esq.,  C.E.,  C.M.G., 

Engineer-in-Chief,  Canada  Pacific  Railway. 

6.  Thomas  Swinyakd,  C.E., 

Late  General  Manager,  Great  Western  Railway  of  Canada, 

6.  CuARLEs  Paine,  Esq.,  C.E., 

General  Superintendent,  Lake  Shore  and  MichUjan  Sjut'iern  Ruilwiy. 

7.  C.   W.  MoBERLY,  Esq.,  C.E. 

IIL  APPENDIX. 

Being  Reports  relating  to  the  Shunting  Service,  <Lr. ,  in  the  Northern  Depot,  Tn-onto. 
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REPORT  OF  MR.  FRANK  SHANLY, 

PREPARED  BY  ORDER  OF  THE  RAILWAY  COMMITTEE  OF  THE  PRIVY  COUNCIL, 
AND  THE  DECISION  OF  THE  RAILWAY  COMMITTEE  THEREON. 


'   /  '  '  Toronto,  28th  June,  1879. 

To  the  Chairman  and  Members  of  Railway  Committee, 

.        ■'  Privy  Council,  Ottawa. 

Gentlemen, 

'  •       Credit  Valley  Pail  way,  Toronto. 

In  accordance  with  instructions  received  from  your  Committee  on  the  24th 
inst.,  I  have  made  a  personal  examination  of  the  proposed  alignment  for  the  en- 
trance of  this  line  into  the  city,  and  of  the  several  crossings  of  the  existing  lines 
rendered  necessary  for  carrying  it  from  Queen  Street  to  Brock  Street  within  the 
100  feet  limit  reserved  for  such  purposes. 

^  T  have  also  held  a  consultation  with  the  officers  of  the  several  railways  in- 
terested, when  representatives  from  each  were  present,  stated  their  views,  and 
produced  plans  illustrative  of  them. 

Having  thoroughly,  as  T  believe,  exhausted  the  question  and  the  different 
schemes  proposed,  I  beg  leave  to  report  as  having  arrived  at  the  following  con- 
clusions, the  question  resolving  itself  into  not  more  than  three  schemes,  which  I 
shall  call  Nos.  1,  2  and  3.   ;  ;  ;    .  i  v;^ 

No.  1  commences  at  Queen  Street  and  crosses  the  line  of  the  Toronto,  Grey 
&  Bruce  Railway,  a  short  distance  south  from  there,  where  it  branches  to  the 
Queen's  Wharf,  with  three  lines  of  rails,  which,  however,  without  interfering 
with  existing  arrangements,  may  be  reduced  to  one.  This  crossing  made,  the 
100  feet  reserve  will  be  entered  upon,  and  the  Credit  Valley,  "  taking  the  south- 
erly portion  of  it,  will  continue  in  that  position  till  it  reaches  a  point  about  150" 
west  of  the  Great  Western  Railway,  where  it  and  the  Northern  Railway  cross 
each  other.  Here  I  propose  that  the  "  Credit  Valley  "  should  cross  the  "  North- 
em  "  present  single  and  proposed  double  tracks,  and  from  thence,  keeping  north 
-of  the  "  Great  Western  "  and  south  of  the  "  Grand  Trunk  "  tracks,  reach  Bathurst 


Street,  leaving  the  "  Great  Western  "  to  remain  in  its  present  position  throughout, 
but  necessitating  the  removal  north  of  the  "  Grand  Trunk  "  tracks  about  12 
feet.  Bathurst  Street  having  been  reached  in  this  manner,  the  same  arrange- 
ment of  tracks  would  be  continued  to  Brock  Street,  the  "  Grand  Trunk"  being 
still  moved  northward  some  8'  to  10'  to  admit  of  it.  This  shifting  of  tracks 
will  carry  with  it  a  necessity  for  some  excavation  of  slope  west  of  Bathurst 
Street  bridge,  and  a  re-arrangement  of  the  north  'pier  bent  of  that  structure  at 
a  trifling  cost.  Between  Bathurst  Street  and  Brock  Street,  with  the  exception 
of  removing  the  present  ditch  further  north,  no  excavation  would  be  required. 
The  accompanying  diagram  will  illustrate  this,  but  an  alteration  of  the  Brock 
Street  bridge  similar  to  that  at  Bathurst  Street  will  be  required. 

Brock   Street   being  thus   reached,  on    an    independent   line,   it   will   be 
necessary  for  the  "  Credit  Valley  "  to  find  its  way  to  station  accommodation,  both 
passenger  and  freight.     For  the  former,  the  Union  station  will  be  the  most  con- 
venient, and  access  thereto,  as  far  as  I  can  now  see,  can  be  had  only  by  an  ar- 
rangement to  use  the  track  of  the  Grand  Trunk  ;  for  the  latter  the  Credit  Valley 
owns  or  leases  a  water  frontage,  lying  between  the  Water  Works  property  and 
Simcoe  Street,  of  about  600  feet.     To  reach  this,  a  divergence  of  its  line  from 
Brock  Street  will  be  necessary,  keeping  north  of  the  Grand  Trunk  round  houses 
and  of  the  old  Water  Works  buildings,  and  striking  the  water  at  the  westerly 
boundary  of  the  lot  referred  to.     By  this  arrangement,  the  Great  Western  Rail- 
way track  would  be  crossed  at  Brock  Street,  as  well  as  two  or  three  other  side 
tracks  of  the  Grand  Trunk  leading  into  the  round  houses,  also  tracks  on  Es- 
planade Street  belonging  to  the  Northern  and  Grand  Trunk  Railways  respec- 
tively, all  existing  at  the  time  the  plans  were  registered  with  your  Committee. 
Since  then,  however,  the  Grand  Trunk  have  laid  down  two  or  three  other  tracks, 
one  north  of  the  round  house  on  the  spot  proposed  here  to  be  occupied  by  the 
"  Credit  Valley  "  east  of  Brock  Street,  and  one  on  the  vacant  land  east  of  the  old 
Water  Works,  and  north  of  Esplanade  Street,  all  which  work  has  been  done 
within  a  few  hours  of  the  present  writing.     Tn  no  case,  however,  would  the 
crossing  of  this  side  track,  or  of  as  many  now  as  could  be  laid  down  on  the  va- 
cant space  referred  to,  be  attended  with  any  inconvenience  of  consequence  to 
the  general  traffic  on  the  existing  or  projected  lines.    In  taking  up  the  question 
of  alignment  and  crossings  ea.st  of  Brock  Street,  I  am  probably  exceeding  my 
instructions  ;  but,  as  I  read  them,  all   crossings  were  to  be  reported  on  by  me, 
though  my  business  with  the  alignment  question  would  seem  to  cease  at  Brock 
Street. 

The  foregoing  arrangement  seems  to  me  the  most  convenient  that, 
under  the  circumstances,  can  be  arrived  at,  and  should  be  satisfactory  to  all 
parties.  The  whole  expense  consequent  upon  the  shifting  of  the  tracks,  platforms, 
and  general  arrangement  would,  of  course.ffall  upon  the  Credit  Valley  Railway 


Company,  which  would  also  have  to  deal  for  running  powers,  right  of  way,  etc., 
from  Brock  Street  east.  Whilst  feeling  convinced  that  the  alignment  and  cross- 
ings above  described  are  such  as  will  interfere  least  with  the  rights  of  existing 
railways,  and  at  the  same  time  give  to  the  Credit  Valley  Railway  Company  all 
the  facilities  and  privileges  it  can  fairly  claim,  I  must  refer  briefly  to  other  pro- 
positions having  the  same  object  in  view  which  have  been  brought  to  my  notice. 

No.  2. — From  Queen  Street  to  near  Bathurst  Street  would  be  identical  with 
No.  1,  but  it  would  here  cross  the  line  of  the  Great  Western  Railway,  keeping 
south  of  it,  thence  to  Bathurst  Street  in  a  direct  parallel  line.  In  doing  this  it 
would  encroach  (a  double  track  being  proposed)  about  fifteen  feet  on  the  enclosed 
ground  occupied  by  the  Northern  Railway  Company,  and  continue  so  from  there 
to  Brock  Street,  where  it  would  fall  into  the  arrangements  proposed  for  No.  1. 

I  have  given  this  proposition  a  very  complete  consideration,  and  from  a 
close  examination  and  measurement  of  the  ground  must  pronounce  it  to  be,  in 
my  opinion,  entirely  inadmissible.  The  loss  of  this  small  strip  of  ground  to  the 
Northern  Railway  between  Bathurst  Street  and  Brock  Street  would  be  of  little 
or  no  consequence  to  its  traffic  arrangements  or  to  its  '  shunting '  and  'lying  by' 
facilities,  but  the  entrance  to  the  grounds  for  about  250  feet  west  of  Bathurst 
Street  could  not  afford  to  be  curtailed  by  a  single  foot  without  interfering  most 
seriously  with  its  main  line,  which,  together  with  the  double  track  and  necessary 
sidings  at  this  point,  has  only  a  space  of  less  than  forty  feet  in  width — no  more  than 
is  required  for  the  efficient  working  of  its  traffic.  I  have,  therefore,  in  treating  of 
the  arrangement  of  the  Credit  Valley  Company,  put  this  proposition  entirely 
«n  one  side. 

No.  3. — It  has  been  argued  by  the  Grand  Trunk  Railway  Company  that, 
having  laid  down  its  second,  or  south  track,  from  Queen  Street  to  Brock  Street, 
the  Credit  Valley  Railroad  might,  under  arrangement  with  it,  use  the  second 
track  and  so  run  into  the  Union  Station.  The  Grand  Trunk  Railway  does  not, 
however,  press  the  question  of  the  joint  use  between  Queen  Street  and  Bathurst 
Street,  but  from  this  last  point  to  Brock  Street  strongly  urges  it,  objecting  to 
the  Credit  Valley  Railway  laying  an  independent  line  of  rails,  chiefly  on  the 
grounds  that  it  would  necessitate  the  removal  northward  of  its  (Grand  Trunk 
Railway)  tracks,  and  decreasing  the  space  between  them  from  about  ten  feet  to 
eight  feet.  1  fail  to  see  the  force  of  this  objection,  as  a  space  of  eight  feet  is 
considered  ample  in  Detroit,  Chicago  and  other  crowded  railway  centres,  whilst 
the  New  York  Central  at  any  of  its  city  termini,  is  content  with  seven  feet,  and 
even  six  feet  five  inches. 

As  before  remarked,  for  passenger  traffic  the  joint  use  of  the  Grand  Trunk 
Railway  track  from  Bathurst  Street  to  Brock  Street  would  not  be  objectionable 


e8|)ecially  in  view  of  such  joint  use  becoming  a  necessity  from  Brock  Street  tb 
the  Union  Station ;  but  for  freight  traflBc  seeking  the  Credit  Valley  Railway  watei 
frontage,  such  joint  use  would  be  a  constant  source  of  inconvenience,  delay  and 
^ssible  injury.  Upon  these  grounds,  if  upon  no  other,  I  would  advocate  the' 
adoption  of  the  independent  line  from  Queen  to  Bathurst,  Brock  and  the  watei-, 
wiib  running  rights  over  the  Grand  Trunk  Railway  from  Brock  to  the  Union 
Station,  as  laid  down  on  a  plan  herewith. 

As  regards  the  Toronto,  Grey  &  Bruce  Bailway  as  an  existing  line,  I  should! 
perhaps  add  in  the  probable  event,  not  very  far  distant,  of  its  desiring  an  inde- 
pendent track  into  the  city  from  Queen  Street,  that  in  recommending  the  adop- 
tion of  No.  1, 1  have  not  lost  sight  of  any  rights  it  may  lay  claim  to  for  spa<J6 
on  the  100  feet  reservation.    „ 

Assuming,  therefore,  that  No.  I  be  adopted,  and  that  no  change  be  made  in 
the  existing  lines,  the  crossings  required  are  as  follows  :  '•' 

Toronto,  Grey  and  Bruce  Railway  to  Queen's  Wharf,  three.  .      : '   , , ; 

Northern  Railway,  near  Bathurst  Street,  two.  / 

Great  Western  Railway  at  Brock  Street,  one. 

Northern  Railway  main  line  on  Esplanade  Street,  one,  and  probably  six  side 
tracks,  of  which  only  four  are  main  running  lines. 

I  think  I  have  touched  upon  all  the  points  bearing  on  the  matter  in  ques- 
tion, and  trust  that  I  have  made  myself  understood. 


'"■■'> 


I  am,  gentlemen,  ..  , 

.     Your  obedient  servant,     '  ' 
.  F.  SHANLY. 


,::>>        -r---' 
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DECISION  OF  THE  RAILWAY  COMMITTEE  OF  THE  PRIVY  COtWCIL, 


BASED  ON   MR.   SHANtY'S  REPORT. 


Ottawa,  July  22nd,  1879. 

Gentlemen, — I  beg  to  inform  you  that  the  Railway  Committee  of  the  Privy 
Council  have  had  under  consideration  the  mode  proposed  by  the  Credit  Valley 
Railway  Company,  of  crossing  with  their  line  of  railway  the  lines  of  the  Toronto, 
Grey  and  Bruce  Railway,  the  Great  Western  Railway,  the  Northern  Railway,  and 
the  Grand  Trunk  Railway,  in  the  City  of  Toronto,  at  the  places  shewn  on  the 
plan  or  map  accompanying  the  application,  and  am  directed  to  state  that,  after 
carefully  weighing  the  opinions  expressed  on  the  subject  by  the  representatives  of 
the  several  companies  interested,  who  were  present  at  the  meeting  of  the  Com- 
mittee held  on  the  19th  ult.  and  3rd  inst.,  and  having  duly  considered  the  report 
of  Mr.  Frank  Shanly,  C.  E.,  which  was  read  aloud  and  fully  explained  at  the 
meeting  of  the  3rd  inst.,  the  Committee  approve,  in  so  far  as  they  have  power  to 
give  such  approval,  the  mode  of  crossing  recommended  by  Mr.  Shanly,  in  that 
part  of  his  report  which  he  designates  as  Scheme  No.  1,  and  shown  on  the  map 
accompanying  his  report,  the  crossings  being  described  as  follows,  viz : — 

Diamond  No  1  Crossing,  Toronto,  Grey  and  Bruce  Railway,  at  a  point  660 
feet  south  easterly  from  the  south  side  of  Queen  Street,  the  two  side  tracks  now 
existing  of  the  Toronto,  Grey  and  Bruce  Railway  to  be  removed  southerly  so  as 
to  clear  the  line  of  the  Credit  Valley  Railway. 

Diamond  No.  2  Crossing,  Grand  Trunk  Railway  Transfer  siding  at  a  point 
about  820  feet  south-easterly  from  the  south  side  of  Queen  Street. 

Diamond  No.  3  Crossing,  Central  Prison  siding  of  the  Grand  Trunk,  and 
Northern  Railways  at  a  point  about  460  feet  easterly  from  the  south  side  of  King 
Street. 

Diamond  No  .4  Crossing,  Northern  Railway  south  track  (projected),  at  a  point 
about  760  feet  westerly  from  the  west  side  of  Bathurst  Street. 

Diamond  No  5  Crossing,  main  track  (existing)  at  a  point  about  635  feet 
westerly  from  the  west  side  of  Bathurst  Street. 

Diamond  No.  6  Crossing,  Grand  Trunk  Railway  Round  House,  siding  No.  1, 
at  a  point  about  160  feet  westerly  from  the  east  side  of  Brock  Street. 

Diamond  No.  7  Crossing,  Grand  Trunk  Railway  Round  House,  siding  (2)  at 
a  point  about  60  feet  westerly  from  the  east  side  of  Brock  Street. 
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Diamond  No.  8  Crossing,  Great  Western  Railway  main  track,  at  a  point 
about  150  feet  easterly  from  the  east  side  of  Brock  Street. 
Diamond  No.  9  Crossing,  Grand  Trunk  Railway. 
Diamond  No.  10,  two  tracks  and  Northern  Railway. 

Diamond  No.  11,  main  track  on  the  Esplanade,  at  a  point  resiiectively  about 
115  feet,  80  feet,  and  45  feet  westerly  from  the  east  side  of  John  Street  produced. 
The  above  distances  are  measured  along  the  proposed  Line  of  the  Credit  Valley 
Railway  as  laid  down  on  the  said  plan. 

I  have  the  honour  to  be. 
Gentlemen, 

Your  obedient  servant, 
'■_-  /'"'^.V'  -,  T.  Trudeau,     . 

'..,•-;,.  Secretai^  to  the  Railway  Committee 

I  •   .  .    of  the  Privy  Cowndl. 

To  the  Northern  Railway  Co.,  .;    r     ;  .•  _  - 

Toronto. 
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REPOETS 


OF  THE   FOLLOWING 

RAILWAY  MANAGERS  AND  ENGINEERS, 

VIZ:— 

1  -REPORT  OF  WALTER  SHANLY,  ESQ.,  C.E. 

Late  Chief  Engineer  and  General  Manager  Grand  Trunk  Railway  of  Canada. 

2.-REP0RT  OF  C.  J.  BRYDGES,  ESQ. 

LaU  General  Manager  Grand  Trunk  Railway  of  Canada, 

3  -REPORT  OF  W.  K.  MUIR,  ESQ. 

LaU  General  Manager  Great  WeHern  Railway  of  Canada,  and  Canada  Southern  BaUwav. 

4.-REP0RT  OF  SANDFORD  FLEMING,  C.E.,  C.M.G. 
Engineer-in-  Chief  Canada  Pacific  RaUway. 

^.-REPORT  OF  THOMAS  SWINYARD,  ESQ. 

LaU  General  Manager  Great  Wretem  Railway  of  Canada. 

8 -REPORT  OF  CHAllLES  PAINE,  ESQ.,  C.E. 

0.    ^'^'^'^^^^^^^g^p^^t^^nt  Lake  Shore  and  Michigan  Southern  RaUway. 

7.-REP0RT  OF  C.  W.  MOBERLY,  ESQ.,  C.E. 
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REPORT  OF  WALTER  SHANLY,  ESQ., 

LATB  CHIEF  ENQINEER  AND  GENERAL  MANAGER  GRAND  TRUNK  RAILWAY  OF  CANADA. 


Montreal,  6th  January,  1880. 
Fbed.  W.  Cumberland,  Esq.,        '  ,    - 

Managing  Director, 
,,  Northern  Eailway,  Toronto. 

Dear  Sir, — Having  made  an  inspection  of  the  Station  Yard  (West  of  Brock 
Street,  Toronto,)  of  the  Northern  Railway,  and  having  examined  the  plan  shew- 
ing the  maze  of  tracks,  frogs  and  switches,  by  which  it  is  now  occupied,  I  hand 
you  herewith  a  memorandum  embodying  my  views  on  the  expediency  of  allowing 
a  new  and  independent  line  of  railway  being  forced  through  your  grounds. 

Yours  truly, 
■■'  W.  Shanly. 

MEMORANDUM. 
In  re 

The  Northern  Railway   and  Credit  Valley  Railway. 

The  claim  of  the  Credit  Valley  Railway  Company  to  be  allowed  entry  for 
their  line  into  the  City  of  Toronto,  over  and  upon  the  same  right  of  way,  through 
what  used  to  be  known  as  the  "Ordnance  Property,"  as  is  now  occupied  by  the 
Northern  and  Grand  Trunk  Railways  from  Queen  Street  to  (near)  Bathurst 
Street,  and  from  the  latter  point  to  Brock  Street,  by  the  Northern,  Grand  Trunk 
and  Great  Western  lines,  has  recently  been  referred  by  the  Railway  Committee 
of  the  Privy  Council,  to  Mr.  F.  Shanly,  Civil  Engineer,  for  examination  and 
report. 

The  Referee  has  reported  that,  as  respects  that  part  of  the  question  bearing 
upon  the  distance  between  Bathurst  and  Brock  Streets  (all  that  this  memorandum 
is  concerned  with),  room  for  the  Credit  Valley  line  could  be  found  at  small  outlay 
to  that  Corporation,  and  at  trifling  inconvenience  to  tho  lines  now  in  possession, 
one  new  crossing  only  of  another  line  of  rails  (the  Great  Western),  being  involved. 

As  an  easy,  cheap,  convenient  and  safe  way  for  the  Credit  Valley  to  get  over 

that  portion  of  the  ground,  the  plan  recommended  would  seem  to  leave  nothing 

[to  be  desired.     In  places  that  line  for  so  much  of  the  way  exactly  on  a  par  with 

the  Grand  Trunk  and  Great  Western  Railways,  and  oflfers  it  a  c\ear,  uninterrupted 

^'run"  over  the  1,800  feet,  or  thereabouts,  between  Bathurst  and  Brock  Streets, 


12  , 

without  interfering  with  or  being  interfered  with  by  the  numerous  branch  tracks 
and  sidings  of  the  Northern  Railway. 

But  the  Credit  Valley,  not  content  to  accept  the  easy,  cheap  and  safe  route 
proposed  for  it,  desires,  it  is  said,  to  force  its  way  on  a  lino  t  arallel  to  and  south 
of  the  one  recommended-right  through  the  yard  of  the  Northern  Railway,  cut- 
ting tho  net  work  of  the  tracks  covering  it,  so  as  to  necessitate  no  fewer  than 
eight  "diamond  crossings"  in  the  above  distance.  ' "" 

Eight  diamond  crosssings  are  eight  points  of  possible  danger;  in  this  instance 
needlessly  sought  to  be  encountered.  They  would  involve  large  outlay  in  first 
construction  and  in  maintenance  ever  after,  and  would  further  require  the  cease- 
less vigilance  of  watchmen  as  far  as  possible  to  ensure  the  safety  of  the  passen- 
gers and  employees  of  the  RaUway,  and  of  the  teamsters  and  others  frequenting 
the  Northern  Railway  premises  on  business  during  all  business  hours,  and  where 
the  manoeuvring  of  trains  is  as  frequent  as  it  even  now  is  on  that  ground,  no  human 
care  would  always  be  effectual  in  preventing  accidents.  •    '         '  ' ' 

The  inconvenience  and  delays  to  the  working  of  both  lines,  if  the  Credit 
Valley  is  to  be  permitted  to  cut  across  the  Northern  Railway  system  of  tracks, 
would  be  incalculable.  In  the  busiest  part  of  the  year  the  going  to  and  fro  of 
trains  over  and  across  the  Northern  yard,  n.'^j  be  termed  incessant.  In  one  of 
the  least  busy  months  it  has  been  ascertained,  on  an  average  of  nine  consecutive 
days,  that  an  engine  passes  from  the  main  line  to  some  siding  or  branch  track,  or 
from  some  siding  or  branch  track  to  the  main  line,  once  in  each  minute  and  a  half 

(nearly). 

Where  one  railway  has  of  necessity  to  cut  the  rails  of  another,  the  trains  of 
the  senior  road  have,  by  established  and  equitable  custom  and  usage,  precedence 
of  crossings— the  junior  having,  besides,  to  bear  all  charges  of  first  cost,  mainten- 
ance and  "watching,"  growing  out  of  the  cutting  of  the  older  line. 

The  rule,  nevertheless,  does  not  exempt  the  senior  road  from  the  annoyance, 
responsibility,  delay  and  cost  attendant  on  looking  out  for  signals,  and  in  this  in- 
stance the  Northern  Railway  would  be  the  victim  of  all  such  annoyances,  fee, 
without  any  advantages  being  thereby  conferred  upon  the  intruder. 

No  Railway  Company  that  the  writer  of  this  memorandum  has  ever  had  to  do 
with,  or  heard  of  (until  now),  but  would  shun  cutting  another  line,  even  once,  if 
getting  round,  over  or  across,  were  practicable  on  some  other  plan  within  reasonable 
degrees  of  convenience  and  cost.  It  seems  hard  to  comprehend  then,  why  the 
Credit  Valley  should  turn  aside  from  the  direct  line  pointed  out  to  it,  and  plagued 
with  one  crossing,  only  to  entangle  its  own  main  line  in  a  mesh  of  rails  involving 
eight;  thus  entailing  upon  itself  for  all  time  large  additions  to  working  expenses, 
besides  delays,  annoyances  and  risks  without  end.  To  persist  in  such  a  course 
would  savor  of  caprice,  but  caprice  fraught  with  unsafetyto  the  public;  and 
therefore,  on  public  grounds,  the  threatened  invasion  of  the  Northern  Railway 
premises  should  not  be  permitted. 
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The  Credit  Valley's  "objective  point"  within  the  city  is  a  piece  of  ground 
fronting  on  the  Bay  a  short  distance  east  of  the  easterly  boundary  of  the  North- 
ern Company's  yard.  To  reach  that  point,  the  line  laid  down  by  the  Government 
Referee  is  a  very  much  better  one,  apart  entirely  from  the  question  of  safety,  than 
any  that  could  be  run  through  the  yard,  because  of  its  allowing  of  the  deep-water 
front  of  this  "objective  point"  referred  to  above,  being  appi'oached  on  easier  curva- 
ture than  any  further  south  line  would  admit  of.  If  the  Credit  Valley  Railway 
could  get  a  line  even  further  north  than  the  one  recommended,  it  would  be  all  the 
better  for  it. 

Frequently,  of  late  the  Public  Press  has  urged  the  necessity  of  increased  pre- 
cautions being  taken  for  the  protection  from  accident,  of  railway  servants  employed 
in  the  movement  of  trains;  needlessly  and  wantonly  to  add  to  existing  risks,  any- 
where, would  be  criminal.  To  force  the  main  line  of  another  road  through  the 
Northern  Railway  would  be  to  wantonly  increase  risk  to  life  and  limb  at  that 
particular  point,  and  needlessly  to  add  to  the  chances  of  accident  attending  the 
movement  of  the  trains  of  both  lines. 

The  views  expressed  above  will  be  concurred  in  by  any  and  every  railway 
manager  and  railway  train-mover  who  may  take  pains  to  examine  the  ground  and 
look  into  the  whole  question. 

The  advantages  in  respect  of  convenience  and  economy  are,  in  this  case,  and  for 
all  concerned,  on  the  side  of  the  safe  as  against  the  dangerous. 

In  the  code  of  railway  construction  and  management,  deliberately  to  reject 
the  safe  and  adopt  the  unsafe,  must  be  designated  an  outi'age. 

In  view  of  all  the  facts  of  the  case,  it  is  hardly  to  be  feared  that  the  Railway 
Committee  of  the  Privy  Council,  or  the  Railway  Committee  of  the  Ontario  Legis- 
lature, should  the  matter  come  before  it,  will  sanction  such  a  line  a.s,  it  is  rumoured, 
the  Credit  Valley  Company  desires  to  force  through  and  over  the  multitudinous 
tracks  of  the  Northern  Railway  between  Bathurst  and  Brock  Streets. 


Montreal,  6th  January,  1880. 


W.  SHANLY. 


% 
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REPORT  OF  C.  J.  BRIDGES,  ESQ., 


LATE  GENERAL  MAMAOER  OF  GRAND  TRUNK  RAILW-*Y  OF  CANADA. 


On  the  29th  of  November,  1879, 1  spent  some  hours  in  looking  into  the  proposal 
made  by  the  Credit  Valley  Railw\y  as  to  their  entrance  into  the  City  of  Toronto, 
4md  again  inspected  the  ground  on  the  20th  December,  1879. 

Their  line  at  present  stops  at  Parkdale,  where  they  have  a  station.  The 
City  has  granted,  or  sold,  them  a  water  lot,  south  of  Esplanade  Street,  east  of  the 
Water  Works  lot.  , 

It  is  to  enable  them  to  reach  their  lot  south  of  Esplanade  Street  that  they 
-^ant  a  right  of  way  between  it  and  their  station  at  Parkdale. 

Their  Jpresent  proposal  I  understand  to  be  to  extend  their  line  from  their 
present  station  across  the  tracks  of  the  Toronto,,Grey  and  Bruce  Railway  to  reach 
the  south  side  of  the  100  feet  granted  for  Railway  purposes  on  Garrison  Common, 
and  to  occupy  of  that  100  feet  sufficient  on  the  south  side  to  lay  their  track. 
This  would  carry  their  line  to  the  point  where  the  Great  Western  crosses  the 
Northern  line,  west  of  Bathurst  Street.  They  propose  to  ci'oss  the  Great  Western 
}ine,  and  then  to'  run  south  of  the  Northern  main  line,  and  occupying  16  feet  to 
the  south  of  that  main  line  from  the  commencement  of  the  Northern  Railway 
grounds,  west  of  Bathurst  Street  to  Esplanade  Street  at  Brock  Street. 

I  have  walked  over  the  ground  from  Parkdale  to  the  Credit  Valley  Railway 
lot  south  of  Esplanade  Street. 

The  Grand  Trunk  line  runs  north  of  the  Northern  line  from  Bathurst  Street 
to  what  is  known  as  the  Diamond  Crossing,  west  of  Strachan  Avenue.  From  the 
Diamond  Crossing  to  Parkdale  the  Grand  Trunk  runs  south  of  the  Northern  line, 
and  claims  the  exclusive  right  to  all  of  the  100  feet  south  of  the  Northern  lines. 
_  The  Grand  Trunk  have  lately  put  down  an  additional  track  or  siding  from  the 
)iamond  Crossing  to  Parkdale,  which  fills  up  all  the  space  to  the  fence.  This 
iding,  when  I  saw  it,  was  not  fully  finished,  but  had  some  cars  standing  upon  it. 

From  the  Diamond  Crossing  eastward  to  the  Great  Western  Railway  line 
^here  is  room  for  a  track  south  of  the  Northern  Railway  line,  and  next  to  the 
fence. 

From  the  point  where  the  Great  Western  now  crosses  the  Northern  line,  the 
Jredit  Valley  proposes  to   i  un  south  of  the  present  main  line   of  the  Northern 
ilway  from  the  commencement  of  its  station  grounds  to  the  west  of  Bathurst 
treet  to  Brock  Street. 

It   asks  for   16   feet  wide  immediately  south  of  the   Northern  main  line 
roughout  the  whole  extent  of  the  Northern  station  grounds  for  the  purposes  of 
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the  main  line  of  the  Credit  Valley  Railway.  The  distance  through  the  station 
grounds  is  about  2,400  feet,  or  nearly  half  a  mile.  If  this  application  is  success- 
ful, it  will  have  a  disastrous  effect  upon  the  working  of  the  traffic  in  the  Northern 
Railway  station. 

On  the  north  side  of  the  main  line  are  all  the  repair  shops  for  engines  and 
cars,  sidings  for  cars  waiting  for  repairs,  engine-houses,  &c.  There  are  also  north 
of  the  Northern  Co.'s  main  line,  and  between  it  and  the  fence,  G  tracks  or  sidings, 
into  which  all  incoming  freight  trains  are  run,  and  on  which  outgoing  freight 
trains  are  made  up. 

All  the  cars  brought  into  Toronto,  are  thus  placed  north  of  the  Northern 
main  line,  and  are  then  taken  along  and  across  such  main  line  for  distribution  to 
the  various  sidings  to  the  south  of  it.  And  all  cara  going  west  are  taken  from 
the  southern  sidings  across  and  along  the  said  main  line  to  be  made  up  into  trains. 
On  the  south  of  the  main  line  are  all  the  sidings,  elevators,  freight  houses,  &c.,  in 
which  the  whole  of  the  traffic  of  the  City  of  Toronto,  in  connection  with  the 
Northern  Railway,  is  handled,  all  the  lumber  brought  into  the  city  is  passed 
on  to  these  sidings  to  be  either  shipped  by  water  or  delivered  to  teams.  All  the 
grain  and  flour,  either  for  shipment  or  city  delivery,  is  handled  on  these  sidings, 
and  also  all  the  ordinary  freight  brought  to,  or  sent  from,  the  City  of  Toronto. 
The  traffic  interchanged  with  the  Grand  Trunk  and  Great  Western  is  also  handled' 
on  those  sidings.  .  w. 

The  effect  then  of  placing  a  main  line  for  the  Credit  Valley  Railway  south  of 
the  present  main  line  of  the  Northern  would  be  to  change  the  whole  of  the 
switches  from  the  present  main  line  to  the  network  of  sidings  on  which  all  their 
business  for  the  public  is  transacted. 

It  would  reduce  the  standing  room  on  the  sidings  in  the  Northern  yard  by  a 
total  of  4,840  feet.     It  would  make  the  curves  leading  into  some  of  the  sidings 
much  shai'per  than  at  present.     It  would   involve  8  diamond  crossings  of  the 
proposed  Credit  Valley  line  to  get   cars  to  and  from  the  Northern  main  line,  and 
its  network  of  traffic-sidings,  freight-houses,  tfec. 

It  would  involve,  in  consequence,  great  danger  of  collision  where  such  con      *^^  fi 
tinual  shunting  is  going  on,  as  is  necessary  to  carry  on  the  public  business  of  tin     **'^<^  T 
Northern  Railway  in  its  main  terminal  station  at  Toronto.     It  would  cause  ver     ■    ^Qe  c 
great  delay  to  the  prompt  despatch  of  the  traffic,  and  be,  therefore,  a  public  di'|H  ^^  ia 
advantage  to  Toronto.     It  would  also  destroy  the  access  to  the  north  side  of  il^s    ^^^k 
present  local  freight  shed  fiom  Brock  Street.     This  is  the  freight  shed  where  tl 
local  traffic  of  Toronto  is  carried  on.     Whenever  the  Credit  Valley  Railway 
occupying  its  main  line,  and  it  would  have  the  right  to  occupy  it  as  often  e 
pleased,  it  would  prevent  the  possibility  of  teams  passing  to  or  from  the  fre 
shed  to  Brock  Street,  which  is  its  only  access  to  the  town. 

Such  a  plan  as   is  proposed  would  be  in   the  highest  degree   objectionBj 
would  be  attended  with  very  gi-eat  danger  from  the  number  of  crossings  ot^^OQtf^ 


orthei 
oftl 


17 


C.  V.  R.  line  to  get  to  and  from  the  Northern  main  line  to  its  net-work  of  sidings 
and  would  cause  great  delay  and  difficulty  to  the  large  and  growing  traffic  of  the 
Northern  Railway  in  Toronto. 

It  is  besides  entirely  unnecessary,  as  what  is  wanted  can  be  accomplished  with- 
out incurring  all  the8e  risks  and  difficulties. 

If  the  Grand  Trunk  have  the  power  to  prevent  the  use  of  the  one  hundred 
feet  between  Parkdale  and  the  diamond  crossing,  there  is  ample  room  for  a  track 
next  to  and  south  of  the  fence  of  the  one  hundred  feet  belonging  to  the  Dominion 
and  Local  Governments.  From  the  diamond  crossing  the  Northern  Railway  will, 
I  understand,  grant  the  right  of  way  so  far  as  they  have  power  to  Bathurst 
street. 

The  line  should  cross  the  Great  Western  near  the  point  where  that  line  now 
crosses  the  Noiiihem  Railway,  and  by  letting  the  C.  V.  R.  be  the  most  southern 
line  between  Bathurst  and  Brock  Streets,  the  C.  V.  R.  would  only  cross  the  Great 
Western  and  Northern  lines  once,  and  that  so  close  together  as  to  enable  one 
signal  man  to  attend  to  both  crossings.  The  C.  V.  R.  would  from  Bathurst  Street 
run  parallel  to  the  Great  Western  line,  to  the  easterly  engine-house  of  the  Grand 
Trunk  Company,  and  then  pa.ss  across  a  piece  of  unoccupied  land  belonging  to 
that  company  between  the  engine  house  and  the  old  Fumiss  lot,  which  it  would 
run  through,  and  then  croas  a  small  angle  of  unoccupied  Grand  Trunk  ground 
when  it  would  reach  Esplanade  Street,  along  and  across  which  the  city  of  Toronto 
as  given  the  Credit  Valley  a  right  of  way. 

This  arrangement  would  reduce  to  a  minimum  the  crossings  of  the  different 

ilways  by  each  other,  it  would  prevent  all  interference  with  the  Northern 

ilway  grounds,  its  sidings  and  stations,  it  would  not  occupy  any  land  belonging 

any  other  railway  which  would  at  all  interfere  with  the  working  of  such  other 

ilway,  and  it  would  avoid  the  danger  of  the  very  numerous  and  objectionable 

mond  crossings  which  the  present  proposal  of  the  C.  V.  R.  involves. 

The  only  parties  to  be  dealt  with  would  be  the  Dominion  and  Local  Govem- 

ts  for  the  right  of  way  along  Garrison  common,  the  Northern  Railway,  the 

nd  Trunk  Railway  for  the  crossing  of  the  two  pieces  of  unoccupied  ground, 

the  city  of  Toronto,  which  owns  the  Fumiss  lot. 

It  is  assumed  that  the  grant  of  the  necesssry  right  of  way  between  Bathurst 
Brock  Streets  would  be  given. 
3xde  o*  ^'  There  is  room  there  for  four  tracks,  two  for  the  Grand  Trunk,  one  for  the 
vr^ve^®  llreftt  Western,  and  one  for  the  Credit  Valley  Railway,  and  it  would  be  quite 
^.iW^y  aaaible  to  put  in  more  tracks  between  Bathurst  and  Brock  Streets,  by  removing 
^  0^^^  ^^(le  jNorthem  Co.'s  fence  and  occupying  the  ground  between  the  most  northerly 
(V  the  ^^"^^'diiSg  of  the  Northern  Railway  and  the  present  Great  Western  line. 

-  C.  J.  Brtdqes. 

oV^eC^o^"'    iiontreal,  23rd  Dec,  1879. 
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REPORT  OF  W.  K.  MUIR,  ESQ., 


lATK    GKNKBAL    MANAQER    GREAT    WESTERN    RAILWAY    OF    CANADA,  AND  CANADA 

SOUTHERN    RAILWAY,  ;  •       '  > 

"■"'■■'•'■•'■''■■''>  :t'/:  (  :.:< ';:;t  >'iJ  v,v.r  ,v,m,    '.    „,.■ 


F.  Cumberland,  Esquire, 

General  Manager,  &;c.,  &c.  /     ,  :    ; 

Dear  Sir, — In  compliance  with  your  request  to  examine  and  report  upon 
the  plan  proposed  by  the  Credit  Valley  Railway  Company  for  running  their  main 
line  between  Bathurst  and  Brock  Street,  through  the  vard  of  the  Northern  Railway 
Company  at  Toronto,  I  now  beg  to  say  that  I  have  gone  carefully  over  the  ground, 
and  find  that  if  this  plan  was  adopted  of  running  the  Credit  Valley  track  south  of 
and  outside  of  the  general  railway  right  of  way,  this  track  would,  in  the  distance  of 
about  two  thousand  two  hundred  and  fifty  feet,  interfere  most  seriously,  not  only  with 
the  main  track  of  the  Northern  Railway  Company,  but  with  twenty- five  (25)  swit- 
ches, of  which  eleven  (11)  are  **  three  throws,"  and  would  shorten  thirty-one  (31) 
tracks,  and  cut  ofi"  entirely  the  use  of  the  north  side  of  the  Northern  Railway 
[Freight  House,  west  of  Brock  Street,  by  occupying  the  present  cart-way  to  and 
[from  it,  besides  interfering  with  the  Northern  passenger  train  shunting  track  at 
the  Depot,  and  the  transfer  upon  which  the  Great  Western  and  Grand  Trunk 
lilway  Companies  handle  their  interchangeable  freight  cars  to  and  from  the 
Northern  Company. 

A  glance  at  this  plan  of  the  proposed  occupation  of  the  Northern  yard  by 
Attempting  to  run  the  main  track  of  another  Company  through  the  stem  of  and 
iJirough  such  a  network  of  tracks  so  constantly  in  use,  and  diverging  to  the 
Work-shops,  Engine-sheds,  Freight-yard,  Timber-booms,  and  Elevator,  would  at 
0kce  convince  of  the  unreasonableness  of  such  a  proceeding,  apart  from  the  delay 
tijl  both  Companies  of  their  yard,  train-work  and  switching. 

There  is  not  the  shadow  of  a  necessity  for  running  the  line  on  this  reckless, 
^Blngerous  and  most  expensive  plan,  because  a  simple,  cheap  and  easy  line  can  be 
goi  alongside  of,  and  upon  the  right  of  way  used  by  the  other  Railway  Companies 
tjproaching  Brock  Street,  and  without  interfering  in  any  way  with  the  tracks, 
^dage  and  the  switching  operations  of  these  Companies. 
I  append  plan,  showing  how  this  can  be  done : —       *  . 

Taking  the  Credit  Valley  line  at  its  present  terminus  at  Parkdale  (or  Queen 
3t),  carrying  it  through  the  short  spin  switch  in  the  triangle  that  is  not 
rently  of  any  use,  and  through  the  single  track  of  the  Toronto,  Grey  &  Bruce 
ray  by  moving  its  three-throw  switch  just  far  enough  south  to  admit  of  this 


20 


crossing,  and  which  can  be  quickly  done  without  any  hindrance  to  that  Company; 
continuing  along  past  the  Diamond  crossing  of  the  Grand  Trunk  and  Northern 
Bailways,  west  of  Strachan  Avenue,  and  entirely  clear  of  them  there,  having  its 
own  independent  crossing  of  the  Garrison  Creek,  but  then  crossing  by  Diamond 
the  two  Northern  tracks  to  reach  its  own  proper  side  of  the  hundred  (100)  feet 
right  of  way,  and  this  at  a  point  where  other  crossings -are  now  worked  and 
where  signal  men  are  already  located,  and  by  keeping  on  the  southerly  line  from 
west  of  Bathurst  Street,  the  Credit  Valley  track  is  entirely  clear  of  the  Great 
Western  and  Northern  tracks  and  yard,  and  reaches  Brock  Street  with  perfect 
immunity,  and  at  very  small  cost  as  compared  with  the  plan  proposed  by  the 
Credit  Valley  Company. 

It  can,  then,  by  crossing  only  the  two  tracks  leading  to  the  Grand  Trunk 
Company's  Round-houses,  reach  Peter  Street,  and  through  the  Old  Water  Works 
property,  avoid  the  numerous  tracks  in  the  yard  of  the  Grand  Trunk  Company, 
reach  the  Credit  Valley  dock  property,  east  of  John  Street,  by  crossing  only  the 
three  tracks  on  Esplanade  street  at  a  point  where  perfect  safety  can  be  insured. 

I  think  any  railway  expert  will  at  once  condemn  the  expensive,  dangerous 
and  utterly  unnecessary  mode  proposed  by  the  Credit  Valley  Railway  Company 
of  apparently  trying  to  force  their  line  through  the  most  important  portion  of  the 
Northern  tracks,  and  one  which,  as  the  statistics  will  shew,  is  positively  used 
seventy -six  hours  out  of  the  ninety-seven,  and  this  the  more  especially  when  a  so 
much  better  line  can  be  had  at  far  less  expense,  and  one  that  can  be  operated  with 
perfect  safety  without  any  interference  or  delay  to  the  work  of  either  the  Credit 
Valley  or  any  of  the  other  Railway  Companies. 

Very  respectfully  yours, 

'  W.  K.  MuiR. 

Toronto,  10th  December,  1879.       ,,    , 
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REPORT  OF  SANDFORD  FLEMING,  C.  E.,  C.  M.  G. 

ENOINEER-IN-CHIEF,  CANADA  PACIFIC   RAILWAY. 
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Canada  Pacific  Railway, 

,  Office  of  the  Enqineer-in-Chief, 

Ottawa,  December  2()th,  1879. 
Fred'k  Cumberland,  Esq.,  ' 

General  Manager, 

N.  &N.W.  R'ys, 
Toronto. 

My  Dear  Sir, — I  have  to  acknowledge  the  receipt  of  your  letter^  of  the 
23rd  inst 

You  have  asked  me  to  give  you  my  opinion  in  writing  respecting  the  proposal 
which  has  been  made  to  carry  the  Credit  Valley  Railway  on  a  line  pointed  out  to 
.  me  through  the  middle  of  the  depot  yard  of  your  Company  between  Bathurst  and 
)rock  Streets,  in  Toronto. 

I  have  no  hesitation  in  repeating  the  opinion  I  expressed  to  you  when  the 
itter  was  mentioned  to  me  when  in  Toronto  last  week. 

I  then  said  it  was  impossible  for  me  to  conceive  the  proposal  to  have  been 
iously  made  by  any  sane  person  in  any  degree  familiar  with  railways.  My 
|>inion  remains  unchanged.  An  inspection  of  the  plan  of  the  yard  which  you 
awed  me  is  quite  sufficient  to  satisfy  anyone  of  ordinary  intelligence  and  expe- 
ice  that  such  a  proposal  should  not  for  an  instant  be  entertained.  The  number 
cks  laid  in  the  yard,  the  constant  shunting  going  on,  the  increase  of  traffio 
year  to  year,  requiring  more  tracks  and  more  shunting,  would  render  it  an 
imely  dangerous  matter  to  run  the  trains  of  another  Company  across  the 
ground.  There  would  be  a  daily  and  hourly  liability  to  collision,  and  the  risk  to 
hiH|{an  life  and  property  would  be  so  great  that,  in  my  judgment,  no  one  could 
B^ipi  his  sanction  to  the  proposal  without  laying  himself  open  to  the  charge  of 
reddess  indifference  to  the  safety  of  the  travelling  public.  ' 

'I  am, 

Yours  very  truly, 

Sandford  Flemiko, 
Engineer-in-Chie/, 
"^  G,  P,  R, 
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REPORT  OF  THOMAS  SWm YARD,  ESQ., 

LATE  GENERAL  MANAGER  GREA-T  WESTERN  RAILWAY  OF  CANADA. 

.1 


^     '        ,  ..      Toronto,  Dec.  26, 1879. 

Dear  Sir, — In  compliance  with  your  request  I  have  made  a  thorough  in- 
spection of  the  location  of  the  present  Railway  lines  and  property  between  the 
Parkdale  Station  and  the  Credit  Valley  Company's  water  lot  at  John  Street,  in 
the  City  of  Toronto,  and  likewise  a  careful  examination  of  the  maps  placed  be- 
fore me,  showing : 

Ist.  The  position  of  the  tracks  of  the  Credit  Valley  Railway,  as  proposed  by 
that  Company,  across  the  Northern  yard,  in  order  to  gain  access  to  the 
water  lot  above  mentioned,  and 

2nd.  The  location  of  the  track  giving  access  to  the  same  water  lot,  as  re- 
commended by  Mr.  Frank  Shanly,  the  engineer  appointed  by  the  Do- 
minion Government  to  report  on  the  question. 

In  these  plans  the  paramount  questions  for  consideration  appear  to  be :  The 
right  of  access,  the  safety  of  the  public,  and  the  conveniences  of  working  affect- 
ing the  Railway  Companies  themselves. 

The  right  of  access  is  purely  a  question  of  law  and  equity,  and  as  such,  will, 
I  presume,  be  decided  by  the  proper  tribunal. 

Out  of  the  question  of  access,  however,  arise  the  points  I  have  before  men- 
tioned, namely,  the  approach  the  most  or  least  objectionable  as  regards  the  safety 
of  the  public,  and  the  most  or  least  convenient  as  regards  the  working  arrange- 
ments of  the  Companies  themselves.  , 

These  points  may  and  should  be  determined  by  the  weight  and  force  of  the 
evidence  of  those  qualified,  by  their  known  skill  and  experience  in  railway  con- 
struction, to  testify. 

From  my  knowledge  of  and  practice  in  railway  management  and  working,  I 
>have  not  the  slightest  hesitation  in  giving  a  most  decided  opinion,  and  I  say  that 
[neither  in  the  interest  of  the  public,  nor  in  the  interest  of  the  Railway  Compa- 
[nies  also,  is  the  approach  through  the  N6rthern  Railway  Company's  station  and 
shunting  grounds,  as  proposed  by  the  Credit  Valley  Company,  desirable  in  any 
j^lrespect.     I  can  discover  no  advantage  whatever  that  can  be  gained  by  it ;  on  the 
contrary,  it  seems  to  me  that  it  would  be  fraught  with  the  greatest  danger  to  the 
|>ublic,  and  with  immense  inconvenience  to  the  two  Companies  themselves;  it  would 
reality  create  an  evil  absolutely  ruinous  to  the  Northern  Railway  Company's 
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working  arrangements  in  particular ;  while  by  its  adoption  the  working  arrange- 
ments of  the  Credit  Valley  Company  would  likewise  be  minimized,  cramped  and 
hampered  so  as  to  render  it  as  intolerable  to  themselves  as  to  the  public,  for  whose 
benefit  such  access  has  mistakenly  been  conceived.  In  point  of  fact  the  very 
advocacy  of  such  an  approach  by  the  Credit  Valley  authorities  places  their  Com- 
pany in  a  most  inconsistent  position,  for,  instead  of  obtaining  an  access  calculated 
to  afibrd  the  advantages  and  facilities  to  the  public  which  has  been  declared  by 
them  to  be,  and  properly  should  be,  their  aim  and  object,  they  would  burden 
themselves  and  the  public  with  the  most  limited,  crowded,  and  obnoxious  right  of 
way  to  their  water  lot  depot  that  could  possibly  be  devised. 

The  bare  fact  that  by  it  the  operations  upon  2,900  feet  of  main  line,  and  12 
.miles  of  shunting  track  of  the  Northern  Company  (which  even  at  the  least  busy 
seasons  of  the  year  are  already  occupied  on  an  average  78.10  per  cent,  of  every 
hour  of  the  day,  from  7  a.m.  to  6  p.m.,  with  the  Company's  own  trains,  engines 
and  cars),  would  at  all  times  be  subjected  to  interruption  and  disorganization  by 
the  arrival  and  departure,  at  any  moment,  of  the  trains  and  engines  imder  the 
independent  control  of  another  Company,  is  alone  sufficient,  in  my  opinion,  to 
condemn  such  a  proposal,  even  were  there  no  other  and  less  objectionable  access 
obtainable. 

,  It  must  be  plain  and  palpable  that  any  curtailment  of,  or  interference  with  the 
conveniences,  only  now  found  adequate  for  the  practical  and  efficient  every-day 
working  of  the  traffic  of  a  Company  that  has  provided  them,  must  be  as  serious 
an  injury  to  the  patrons  of  that  railway  as  to  the  vital  interest  of  the  Company 
itself;  neither  should  it  be  overlooked  that  the  volume  and  value  of  that  Company's 
traffic  are  far  more  than  for  a  long  time  to  come,  can  possibly  be  the  volume  and 
value  of  the  traffic  over  the  line  of  the  new  Railway,  a  large  portion  of  whose 
resource  will  have  to  be  obtained  from  the  traffic  taken  away  from,  but  now 
carried  and  accommodated  by  the  other  Companies,  having  their  depots  in  the 
City  of  Toronto.  ;>■?!* 

In  regard  to  the  other  plan  which  has  been  submitted  to  me  for  my  opinion 
viz. :  the  plan  of  access  to  the  same  lot  on  John  Street,  as  recommended  by  Mr. 
Frank  Shanly,  I  have  studied  it  most  carefully,  and  I  must  candidly  state  that 
the  line  as  there  laid  out  by  him,  appears  to  me  to  be  the  simplest  and  most 
practicable,  and  calculated  to  afford  the  greatest  service  to  the  Credit  Valley 
Company,  whilst  its  adoption  would  be  the  least  inconvenient  and  injurious  to 
all  other  interests  throughout.  From  Farkdale  Station  to  Peter  Street  it  will  only 
once  cross  the  main  tracks  of  the  Northern  and  Great  Western  Railways,  and 
that  at  the  existing  crossings  of  those  Companies  at  Garrison  Station.  It  will 
also  be  much  less  expensive,  and  will  altogether  avoid  interference  with  the 
station  yards  and  shunting  grounds  of  any  one  of  the  existing  roads  having  their - 
•depots  in  the  City. 
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It  is  singular,  and  perhaps  worthy  of  mention,  that  Mr.  Shanly,  without  any 

knowledge  that  I  had,  in  April  last,  inspected  the  different  Companies'  lines  of 

access  into  Toronto,  in  anticipation  of  giving  evidence,  if  required,  upon  the 

•question,  should  have  hit  upon,  and  laid  out  precisely,  the  route  I  had  come  to 

the  conclusion  to  advocate  as  the  most  availahle  and  least  objectionable,  both 

firom  a  railway  and  from  a  public  point  of  view,  as  well  as  being  incomparably 

the  best  and  most  convenient  for  the  Credit  Valley  Company's  own  purposes. 

Believing  this  to  be  the  case,  I  strongly  support  the  location  selected  by  Mr. 
Shanly. 

"With  all  respect,  » 

I  remain,  dear  sir, 

Yours  faithfully, 

Thos.  Swinyard. 
F.  Cumberland,  E§q., 

Northern  &  North  Western  Railways, 

Toronto. 


J.    t 
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REPORT  OF  CHARLES  PAINE,  ESQ.,  C.E.,  ^ 

GENERAL  SUPERINTENDENT,  LAKE  SHORE  AND  MICHIGAN  SOUTHERN  RAILWAY. 


Toronto,  December  11th,  1879. 


Fred.  Cumberland,  Esq. 


Mt  dear  Sir, — In  sending  you  my  report  upon  the  routes  proposed  for  the 
Credit  Valley  Railway,  I  wish  to  add  what  might  not  be  proper  in  a  report, 
that  I  think  the  location  of  a  line  through  your  yard  should  be  resisted  by  every 
possible  means,  as  involving  the  most  serious  consequences  to  your  Company.  I 
should  regard  it  as  almost  equivalent  to  the  destruction  of  the  yard.  While  it 
could  be  worked  after  such  a  division,  it  would  be  at  such  a  disadvantage  as  to 
make  you  seek  a  new  place  of  business. 

Yours  truly, 
.  Charles  Paine. 


Toronto,  December  11th,  1879. 

Fred.  Cumberland,  Esq., 
General  Manager, 

Northern  Railway  of  Canada. 

SiR^ — At  your  request  I  have  made  a  careful  examination  of  the  two 
routes  proposed  for  the  Credit  Valley  Railway,  between  Parkdale  Station  and 
the  Water  lot  owned  by  that  Company,  near  John  Street,  and  respectfully  submit. 

my  opinion. 

Between  Parkdale  Station  and  Bathurst  T^treet,  the  location  along  the  rights 
of  way  of  the  Grand  Trunk  and  Northern  Railways,  and  parallel  with  those  lines, 
is  common  to  both  projects,  and  presents  nothing  objectionable  from  an  Engineer's 
standpoint.  At  Bathurst  Street  the  routes  separate,  one  passing  along  the 
general  right  of  way,  the  other  directly  through  the  shunting  yard  occupied  by 
the  Northern  Railway. 

The  line  through  the  yard  of  the  Northern  Railway  is  objectionable  from 
every  point  of  view,  both  for  the  present  occupants  of  the  property  and  for  the 
intruding  Company.    It  would  involve  a  very  serious  interference  with  the 
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business  of  the  Northern  Railway,  a  considerable  loss  in  the  length  of  its  present 
tracks,  and  expensive  charges  in  those  not  shortened  or  destroyed. 

It  wouM  separate  the  busy  yard  into  two  parts,  to  be  worked  with  difficulty 

and  danger  across  the  track  of  another  Railway,  at  the  same  time  incurring  for 

the  Credit  Valley  Railway  all  the  risk  and  delay  consequent  upon  the  numerous 

crossings  of  its  track,  necessary  to  permit  access  by  the  Northern  Railway  to  its 

tracks  and  wharves. 

Such  a  location  should  not  be  considered  when  any  other  can  be  found  at 
reasonable  cost. 

In  this  instance  the  alternative  is  simple,  less  expensive,  and  free  from  any 
of  the  objections  by  which  the  line  through  the  Northern  Railway  grounds  is 
surrounded.  ;     i     -  , 

No  person  accustomed  to  the  consideration  of  such  questions  could  hesitate 
in  the  choice  of  routes,  but  must  select  the  line  upon  the  southern  side  of  the 
general  Railway  right  of  way  between  Bathurst  Street  and  Brock  Street,  thence 
through  the  old  Water  Works  property  to  Esplanade  Street,  thence  easily  into  the 
Wator  lot  of  the  Credit  Valley  Railway,  as  the  most  feasible  route  now  open  for 
the  entrance  of  an  additional  Railway  to  that  part  of  the  City. 

This  location  will  require  only  slight  changes  in  the  present  occupation  of 
the  general  right  of  way ;  it  crosses  the  other  Railways  at  the  most  favourable 
point  where  they  already  cross  each  other  and  have  the  necessary  semaphore 
tenders ;  it  does  not  divide  the  shunting  yard  of  any  road,  nor  involve  the  in- 
coming road  in  the  dangers  and  trouble  which  must  result  from  such  a  division. 


Yours  truly, 


Charles  Paink. 


■■  '  •  V.  -'y  ^-r.- 
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REPORT  OF  C.  W.  MOBERLY,  ESQ.,  C  E. 


F.  W.   CUMBEBLAND,  ESQ., 

General  Manager, 

Northern  Railway  of  Canada. 


Toronto,  Slst  December,  1871>. 


-j-fs^^ 


Sir, — In  compliance  with  your  request,  I  submit  my  written  opinion,  on  the 
proposed  location  of  the  Credit  Valley  Railway  within  the  City  limits,  from 
Parkdale  to  the  Credit  Valley  Railway  water  lot  neai  Simcoe  Street. 

I  have  carefully  examined  the  several  plans  in  your  Engineer's  office  which 
bear  upon  this  subject,  and  I  am  thoroughly  acquainted  with  the  relative  posi- 
tions of  the  existing  railways  along  the  City  front. 

There  are  no  obstacles  of  any  importance  to  prevent  the  Credit  Valley  Rail- 
way from  running  their  line  from  Parkdale  eastwards,  keeping  to  the  south  of 
the  Grand  Trunk  and  Northern  tracks,  and  crossing  the  Northern  and  Great 
Western  tracks  near  the  present  diamond  crossing  of  these  two  lines,  to  the  west 
of  Bathurst  Street.  The  present  watchmen  and  semaphores  would  be  available 
for  the  additional  crossings. 

Thence  the  line  could  follow  to  the  north  of,  and  parallel  to  the  Northern 
Railway  to  Brock  Street.  The  Grand  Trunk  Railway  and  the  Great  Western 
Railway  main  tracks  would  require  to  be  moved  a  few  feet  to  the  north. 

This  could  be  accomplished  at  small  cost,  and  without  interfering  with  the 
alignment ;  in  fact  the  curvature  at  Bathurst  Street  would  be  improved  by  such  a 
change. 

From  Brock  Street  to  the  Credit  Valley  Railway  water  lot  a  very  good  ap- 
proach can  be  obtained  by  curving  round  the  eastern  Grand  Trunk  Railway  en- 
gine house,  and  passing  through  the  old  Water- Works  lot  on  John  Street  A  very 
slight  change  would  have  to  be  made  in  the  Grand  Trunk  Railway  and  Great 
Western  Railway  tracks,  between  Brock  Street  and  the  engine  house,  involving 
slight  expense,  and  making  no  material  difference  in  the  alignment  or  working 

of  the  lines. 

Practically,  the  line  which  I  have  thus  described  is  almost  identical  with  the 
location  proposed  by  Mr.  Frank  Shanly,  and  which,  as  I  understand,  was  ap- 
proved by  the  Railway  Committee  of  the  Privy  Council. 

The  proposed  location  of  the  Credit  Valley  Railway,  through  the  Northern 
yard,  is  preposterous.  No  practical  railway  man  would  select  such  a  location,  un- 
less every  other  approach  proved  impracticable.      In  other  words,  I  am  of  opinion 
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that  no  railway  expert,  who  had  a  choice  of  locations,  would  hesitate,  in  the  in- 
terest of  the  Credit  Valley  Railway  Company,  in  adopting  Mr.  Shanly's  proposal, 
and  in  rejecting  the  line  suggested  through  the  Northern  yard,  as  the  latter  would 
for  all  time  to  come,  be  worked  with  extreme  embarrassment,  delay  and  danger  to 
the  trains  of  both  Companies,  whilst,  by  Mr.  Shanly's  line,  the  Credit  Valley  Railway 
would  have  a  free  and  unfettered  run  for  its  trains,  except  where  the  diamond 
crossings  with  the  other  lines  would  occur. 

There  are  already  signalmen  and  semaphores  at  the  points  where  the  cross- 
ings would  be  requisite,  which  would  avoid  the  necessity  of  providing  additional 
service. 

Having  regard  to  the  complicated  alterations  which  would  become  necessary 
over  the  whole  track  system  of  the  Northern  yard,  and  to  the  heavy  filling  of  that 
location  through  the  yard,  the  ultimate  cost  would  be  much  greater  to  the  Credit 
Valley  Railway  Company  than  would  attach  to  the  adoption  of  Mr.  Shanly's  line. 

The  whole  grouping  of  the  various  sidings  would  have  to  be  re-arranged  and 
in  many  instances  valuable  sidings  would  have  to  be  abandoned.  In  fact,  the 
yard  would  be  practically  divided  by  the  Credit  Valley  Railway. 

There  are  nearly  thirteen  miles  of  main  tracks  and  sidings  in  the  Northern 
yard,  and  the  shunting  over  these  tracks  is  almost  continuous,  the  majority  of 
the  switches  being  placed  on  the  ground  which  the  Credit  Valley  Railway  proposes 
to  appropriate. 

The  track  of  the  Credit  Valley  Railway  would  encroach  so  closely  on  the  local 
freight  house  that  it  would  shut  oS  the  receiving  side,  thus  rendering  the  freight 
h.ouse  almost  useless. 

It  is  a  singular  fact  (and  perhaps  such  an  instance  has  never  occurred  before 
in  a  large  and  prosperous  city  like  Toronto,  with  several  railway  lines  established 
along  the  water  front),  that  a  new  railway  can  obtain  such  a  cheap  and  favourable 
line  as  is,  according  to  Mr.  Shanly's  report,  open  to  the  Credit  Valley  Railway,  and 
without  damaging  private  property  or  existing  railways. 

I  remain, 
^!vvw;>  ;J  Yours  truly, 

1^.. ,-,:;.)    J;'ic^!v'.ft,:   .?  ,  C.   W.   MOBERLY. 
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APPENDIX. 


F.  W.  Cumberland,  Esq., 

General  Manager. 

Sir, — Having  been  ordered  to  post  myself  in  the  Company's  yard,  in  Toronto, 
in  such  a  position  as  to  command  an  uninterrupted  view  of  the  main  line  between 
Bathurst  Street  and  Brock  Street,  and  to  keep  an  accurate  account  of  tlie  numb'^r 
of  times  engines  or  cars  went  upon  or  left  the  main  line  between  those  two 
points,  and  of  the  length  of  time  the  main  line  was  thus  occupied,  I  went  to  the 
yard  and  kept  an  account  of  every  occupation  of  the  main  line,  upon  the  dat^s 
and  during  the  hours  as  per  subjoined  table,  which  I  hereby  certify  to  be 
correct : 


Date. 
1879. 

No.  hours. 

If  0.  minutes. 

Time  occupied. 

Time  cleai-. 

Entered  upon 
ur  left. 

April  2nd  8.30  a.m.  to  6  p.m. 
"    3rd  7.00  a.m.  to  6  p.m. 
"    4th      " 
"    6th      "           "         " 

9J 
11 
11 
11 

570 
660 
660 
660 

336 
438 
465 
422 

234 
222 
205 
238 

162 
214 
261 
219 

Totals 

42i 

2650 

1651 

899 

856 

Percentage  of  time  line  Was  occupied 64 '75 

dear  S6-26 

Line  entered  upen  or  left  once  in 2*98  min. 

■^i  Wesley  S.  Dodd. 


F.  W.  Cumberland,  Esq., 

General  Manager. 

Sir, — Having  been  ordered  to  post  myself  in  the  uompany's  yard,  in  Toronto, 
in  such  a  position  as  to  command  an  uninterrupted  view  of  the  main  line  between 
Bathurst  Street  and  Brock  Street,  and  to  keep  an  accui-ate  account  of  the  number 
of  times  engines  or  cars  went  up  r  left  the  main  line  between  those  two  points 
and  of  the  length  of  time  the  mam  line  was  thus  occupied,  I  went  to  the  yard 
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and  ktjpt  an  account  of  every  occupation  of  the  main  line,  upon  the  dates  and 
duriii"  the  hours  as  ])er  suhjoinod  tahhf,  whidi  I  herel»y  certify  to  be  correct: 


Data. 

1879. 

No.  hoWTH. 

No.  niiiiuteii. 

Time  oc«!Mi>it!<l. 

Time  clear. 

KiiKinei)  eiitrM 
iiiK)ii  or  left 
Ahiin  Line. 

Nov,  6th  7.00  a.m.  to  6.00  p.m. 

two 

459 

201 

S.'K)  timea. 

"    7th 

660 

496 

164 

424    " 

"    8th 

060 

528 

132 

608    " 

"  10th           "               " 

660 

502 

158 

400    " 

"  nth 

660 

517 

143 

423    " 

"  12th 

660 

522 

138 

432    " 

"  13th 

660 

559 

101 

4.39    " 

"  14th 

660 

544 

116 

428    " 

"  15th  7.00  a.m.  to  4.00  p.m. 

9 

540 

429 

111 

.369    " 

Totals 

97 

5820 

4,556 

1264 

3768 

« 

Pertentage  of  time  lino  was  occupied 7828     ■ 

"  clear 2272 

Line  entered  up  ii  or  left  once  in 1"54  mine. 

Average  occupation  per  hour 46"86    " 

Total  time  of  occupation,  75  hours  56  minutes. 

M.  MacLeod. 


Northern  Railway  of  Canada,  Traffic  Department, 
:         ,  ;.    Toronto,  16th  December,  1879. 

Dear  Sir, — With  reference  to  the  shunting  in  the  yard,  of  which  a  record 
was  k(3pt  for  a  few  days,  in  April  last,  by  Mr.  Dodds,  I  desire  to  say  that  it  does 
not  show  an}  thing  like  our  usual  shunting  movements,  as  at  that  time  navigation 
had  not  fully  opened,  and  we  were  running  veiy  few  freight  trains.  As  a  matter 
of  fact  there  was  not  so  much  business  as  in  the  preceding  winter  months,  Feb- 
ruary and  March,  as  is  proved  by  the  annexed  statement,  certified  by  our  Yard 
Master. 

Tn  November,  when  Mr.  McLeod  made  a  similar  record,  we  were  doing  more 
business,  but  were  not  so  active  as  in  September  and  October,  as  the  Yard  Master's 
statement  of  arrivals  and  deliveries  of  loaded  freight  cars  for  the  corresponding 
period,  in  the  months  of  September,  October  and  November  will  show. 

Yours  truly,  J,  Hakvie, 

F.  W.  Cumberland,  Esq.,  ^ 

General  Manager. 
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Northern  Railway  of  Canada,  Toronto,  Yard  Office. 

The  followinj^  .statenu'iit  shows  the  nuinljer  of  loaded  Freiglit  cars  which  arrived 
and  wore  delivered  in  this  yard  during  periods  indicated  therein.  (The  datea 
correspond  for  the  several  months,  avoiding  the  Sundays.) 


Date. 

1879. 

Nuinlxir 
of  (Jars. 

Date. 
1870. 

Number 
of  Cam. 

Date 
1879. 

1 
Number 
of  Cars. 

Kemai-kH. 

• 

February  1.. 

68 

March  1 . . . . 

38 

April    2.... 

42 

Average  per  Day. 

3.. 

49 

"     3.... 

29 

"      8... 

34 

February  and  March,  46  Cara. 

4.. 

43 

"     4.... 

41 

"      4.... 

63 

April,  42  CarB. 

"        5.. 

58 

"      5.... 
Total 

44 

"      5.... 
Total 

41 
170 

1        .                 '  .        -. 

Total 

208 

162 

Sept'ber    4.. 

89 

Oct.      4... 

146 

Nove'ber5. . 

79 

■ . ' 

6.. 

42 

"     «.... 

107 

6.. 

92 

Average  per  Day. 

_.  ' 

G.. 

77 

"     7.... 

105 

7.. 

112 

September  and  October,  92  Cara. 

8.. 

76 

"     8.... 

100 

8.. 

88 

November,  81  Cara. 

9.. 

74 

"     9.... 

HI 

10.. 

60 

* 

'■•    ' 

"      10.. 

139 

"    10.... 

110 

11.. 

64 

■ 

"      11.. 

88 

"    11.... 

130 

12.. 

66 

■    ■■             ,■ 

"       12.. 

86 

"    13.... 

98 

13.. 

82 

1 

"      13.. 

109 

"    14.... 

96 

"       14.. 

96 

"      15.. 

64 

"    15.... 
Total 

111 

"        15.. 
Total 

71 

-     - 

Total 

844 

1,113 

809 

I  certify  the  above  to  be  a  true  and  correct  statement.  Cars  which  anived 
and  were  delivered  between  the  hours  of  six  o'clock,  p.m.,  and  six  o'clock  on  the 
following  morning  are  not  included,  as  I  am  not  on  duty  during  these  hours,  and 
consequently  have  no  knowledge  of  them,  ; 

G.  E.  Dalby, 
•     .  ;  Yard  Ma^fcr 
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NORTHERN  AND  NORTH-WESTERN  RAILWAYS. 
'  ■  General  Freight  and  Passenger  Agent's  Office, 

Toronto,  Ont.,  3rd  January,  1880. 

'--"•»'       STATEMENT  OF  FREIGHT  BUSINESS. 

Dear  Sir, — In  compliance  with  your  request,  I  now  hand  you  a  general 
statement  of  the  Freight  business  handled  at  the  Toronto  Depot  during  last  sea- 
son of  Navigation,  and  which  you  will  see  I  have  reduced  to  car  loads,  and  you 
will  see  that,  taking  the  season  as  from  the  1st  May  to  the  30th  November,  we 
brought  in  the  equivalent  of  23,133  car  loads,  or  at  the  rate  of  771  cars  per  week, 
or  129  cars  per  day,  being  equal  to  *l\  Freight  trains,  of  17  cars  each,  per  day,  for 
passage  over  our  main  line. 

Of  course,  I  need  not  say  that  the  handling  of  these  7|  trains  per  day,  over 
the  main  line  and  sidings  of  our  Toronto  depot,  means  an  almost  continuous  move- 
ment of  our  shunting  engines  (of  which  we  have  three  (3)  in  full  work)  across 
the  main  line  and  between  the  arrival  sidings  and  shipping  tracks,  and  which  has 
been  found,  as  I  understand,  to  represent  between  70  and  80  per  cent,  occupation 
of  the  main  line  during  the  working  hours  of  the  day. 

Respectfully  yours, 

RoBT.  Kerr. 
F.  W.  Cumberland,  Esq., 

General  Manager. 

Statement  of  business  handled  in  Toronto  yard  during  season  of  Navigation,  1879, 
from  May  1st  to  November  30th. 


Quarti;,/. 

Tons. 

Cai'  Loads. 

Remai'ks. 

Grain,  bushels 

4,295,992 

84,394 

67,160,000 

106,500 

1,000 

36,703 
2,364 

,120,327 

9,114 

71,450 

2,662 

10,000 

36,703 
2,354 

10,026 

844 

7,145 

213 

1,000 

3,670 
235 

There  being  30  we.-ks  from  Ist  May 
to  30th  iNovember,  2.'),13;{  car  loacfs 
are  equal  to  771  cars  per  week,  or 
129  cars  per  day,  equa  to  "\  trains 
of  17  cars  per  day  pass  over  main 
line. 

Flour,  barrels      

Lumber.  1.000  feet 

Timber,  cubic  feet 

Cordwood,  Slabe,     1  /-,„„ 
Cedar,  &C.             J^ars... 

General  Merchandise,  tons. . . 
MiflcellaneouB.  toxiB 

"■.  V    ,' 

TotalB 

252,610 

23,133 

•_ 

RoBT.-  Kerr, 

Q.  F.  A. 


